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| Design action on’ Subjecs facility nas Deen held in abeyance pending . 
realignment of the Program. However, LOLI, has received notice from WDIZ to 
proceed with the contract ‘negotiation and Procurement of necessary A-E effort. 


Bechtel Corporation under three separate contracts. The estimated increase in 


Fairchild APB $400 ,000:00 


Forbes AFB . 150,000.00 
Vandenberg, 65-P is 100,000.00 


The Contractor's proposal will be received by 9 March 1959, and negotiations are 
scheduled for completion by 13 March 1959. | 
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(U) Atlas Display System 


Source for the work. It ig contemplated that Letter Contract No. 
AF O4(647)-357 will be issued by 6 March 1959, definitized by 

13 March 1959, and that the display will be ready for shipment to 
Las Vegas, Nevada by 7 April 1959. F 


(U) Lunar Observatory Studies . a | : / 


‘Supplemental Agreement No. 2 to Contract No. AF 18(600)-1825 | 


for expansion of logistic research is in process, and CCN No. 1 : 


Letter Contracts pending definitization, 7 


ARPA Order 17-59. STL contends that this effort should be covered : 


to Contract No. AF 18(600)-182h revising the statement of work has | 4 
been distributed. | : | ae. 


(U) Space Technology Laboratories, Inc . 


1. Amendments to Letter Contracts AP 04(647)-302 and Supple- : a 
mental Agreement No. 1 to AP 04 (647 )-205 were distributed on 3 March a 
1959. Subject amendments provide additional funds under the above... 


2. STL has returned Amendment No. 1 to Letter Contract No. 7 | 
AF 04(647)-309, unsigned. This amendment covers SE/TD by STL for 


% 


by separate contract. and not as an amendment to Letter Contract 


AP 04(647)-309. Contemplated action by LBIP is to forward the |‘ ‘ 


documents to STL for Signature a second time. 


AF 04(6h7)-302 are presently at a standstill. STL is considering 


3. Fee negotiations relative to Definitive Contract No. | \ | 


the latest Air Force offer. Resolution to this question is: 
anticipated within a week to ten days. 7 


